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Bi joi Jine-Bosanske Raca-Bosut (Bosnia) 


Ao Thia stretch of line, 22 tcllometern in length, is expected to he completed e 
by September 1949. It is intended primarily to facilitate exploitation 
of the coal fields in the Metevioa regton,. A roed and rail brides is 
being built over the Sava River north of Boss Bonanska by the “Pionir™ enterprise, 
Belerade. 


Sabag-Roviljaca-“vornik (Serbia) 


2, The stretch Sabao-Koviljaca is axpected to be completed br enariy 1949. after 
which it will be extended to “wornik,. The line ia intanded to facilitetea 
the exploitetion of such mineral denosita in the ares as iron in the 
mountains of Car and Jagodnie, Lienite in an aren of 100 scusra kilomtera 
west of Arandjelovac, and antimony, lead, zinc and copper southwest of 
Koviljaca. 


Karilovac~Bosanski NowieBanja Luka-Dobo jeTuzla-Val jevo~-Belcrade 


%, This stretch of line, which 1s already under construction, will oross the 
ove live at Zrornik. 


Tuzla-Poljane (Bosnia) 


a 


4. The above stretch of line. 13 Iilomaters in Jeneth, is now onen to traffic. 
iupoglava-Vranje-Stalije (Latria) 


5, Work on the stretoh of line Lupoeleva-Vranje, which was begun several months 

ago, ia proceeding very slowly from laak of workmen, perticularly skilied 

worknen, and mechanical equipment. Thus, most of the bering is being done by 
hand, and it has been found necessary to initiate courses for borera (27) 
and electrical -orkern (15). Number 12 vorkpoint. whars according toe plan 
3,000 to 4,000 workers should now be employed. there are epproximately 700, 
There ere, altogether, some 750 Tstrians and 300 worknen from other perts of the 
sountry employed” on this atretoh of line. 
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6, Ag goon as this stretch of line has been conpleted, which will be in the near 
future, equipment end lebor will be immediately ewitehed onto tho above 


atretch. 


Inland Waterways | 
Sava-Drina and Tinja-Sava 


7, Sarveying for the construction of canals in the Semerija district of Bosnia 
to link the Sawn River with the Drina River, and the Tinja "iver with the 
Sava was began in September 1948. Construction is stheduled to begin in 
Spring 1949. 7 ; , 


Denube~Ti sza 
8. Construction of the Potporanj-Djerdap stretch of the planned Danube-Tisza 


canal has now degun. The surveying for the remainder of the canal hes been 
completed. : 
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